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BILL NO. S-77-06- 



/£/- 72 . 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving a contract with 
T & F Construction Corporation of Indiana 
for installation of new street lighting 
for the City of Fort Wayne. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORI 
WAYNE, INDIANA: 

SECTION 1. That the contract dated June 22, 1977, 
between the City of Fort Wayne, by and through its Mayor and the 
Board of Public Works and T & F Construction Corporation of Indiana, 
for: 


Installing new street lighting for the City of 
Fort Wayne and providing maintenance for Fort 
Wayne Street Lighting system as per unit bid 
but not exceeding appropriation. 


all as more particularly set forth in said contract which is on 
file in the Office of the Board of Public Works and is by reference 
incorporated herein, made a part hereof and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its ' ’ ’ the Mayor. 



APPROVED AS TO FORM 










Read the first time in full and on motion by 




, seconded by 


_and duly adopted, read the second time by title and referred to the 

Committee on_n for 


recommettdatitnT7~anJ"Public Hearing to be held after due legal notice, at the Council Chambers, 

City-County Building, Fort WayneTlndiana, on_ , the__day 

of c - 


~ T l9=r ar~ 


o’clock 


M. ,E.S.T. 


DATE: 


Z^ZyZ7 


CITY CLERK 

Read the third time in full and on motion by _ 
seconded by _, and duly adopted, placed on its passage. 


PASSED (Da&^ by the following vote: 



AYES 

T 

NAYS 

TOTAL VOTES 

D 

BURNS 

^ ■ 


HINGA 

y 


HUNTER 

MOSES 

y 


NUCKOLS 

y. 


SCHMIDT, D. 

S/ 


SCHMIDT, V. 

y / 


STIER 

/V 


TALARICO V 

DATE: 




ABSTAINED ABSENT TQ-WIT: 

J 





Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 



(SPECIAL) (APPROPRiA- T TON ) ORDINANCE 


ZZ 


on the 




_day of 


ATTEST: (SEAL) 




_, i&£? 


^RESIDING OFFICER 


of the City of Fort Wayne, Indiana, on the 




the hour of /*' clock ,E.S.T. 


CITY CLERK 


Approved and signed by me this _ 
t the hour of_ _ _o'clock 


MAYOR 










































































































Bill No. S-77-06-34 


REPORT OF THE COMMITTEE ON . FINANCE __ 

We, your Committee on_ finance ■ to w hora was referred an Ordinance 

- _ approving a contract with T & F Construct ton Corporation of for 

installation of new street lighting fo.r the Cfty of fort ^yne 































CONTRACT 


STATE OF INDIANA ) 

) ss 

COUNTY OF ALLEN _) 


THIS AGREEMENT AND INDENTURE made and entered into this, 
the ^ day of jTf,'>/7P, 19 ^7 r by and between; 

The City of Fort Wayne 

The party of the first part, termed in this agreement and the 
Contract Documents as the "Purchaser," and 

T & F Construction Corporation of Indiana 

The part of the second part, termed in this agreement and the 
Contract Documents as the "Contractor": 

WITNESSETH: 

THAT, WHEREAS, the Board of Public Works has heretofore 
caused to be prepared certain contract documents for furnish¬ 
ing labor and equipment and performing work therein fully des¬ 
cribed, and the Contractor did, on the _ day of __, 

file with the Board of Public Works, a copy of said contract 
documents, together with his offer and terms therein fully 
stated and set forth, and, 

WHEREAS, the said contract documents accurately and fully 
describe the terms and conditions upon which the Contractor is 
willing to furnish the labor and equipment and.perform the work 
called for by the said contract documents and in the manner and 
time of furnishing and performing same. 

IT IS THEREFORE, AGREED: 

FIRST - That a copy of said contract documents filed as 
aforesaid be attached hereto and that the same do in all par¬ 
ticulars become the agreement and contract between the parties 
hereto in all matters and things set forth therein and described, 
and further, that both parties hereby accept and agree to the 
terms and conditions of said contract documents so filed, for the 
following; 

Installincr new street lighting for the City of Fort Wayne and 

pr-rwiVHng maintenance .for FortW avne Street Lighting system as pe r 

unit cost bid but not exceeding appropriation. 
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SECOND - The Contract Documents hereto annexed are made 
a part of this agreement and contract as fully and as absolutely 
as if herein set out in haee verba. 

THIRD - The unit prices agreed to in this contract will 
remain in effect until the work covered under this contract is 
completed. 

FOURTH - This contract is executed in duplicate. 

FIFTH - It is further stipulated that not less than'the 
general prevailing rate of wages as ascertained by the City of 
Fort Wayne or the Indiana Department of Labor shall be paid to 
all workmen performing work on this contract. 

SIXTH - It is further stipulated that Contractor shall pay 
all lawful claims or indebtedness which may accrue, by operation 
of law and otherwise, to any persons, firm or corporation on 
account of any labor or service performed or material furnished 
or service rendered, in the carrying forward, performing, and 
completing of said contract including Subcontractors, laborers, 
materialmen, and those performing service on account of or 
directly in connection with the completion of said contract. 

SEVENTH - It is further stipulated that any judgement 
rendered against the City of Fort Wayne in any suits for damages 
for injury to real or personal property, or for any injury to 
real or personal property, or for any injury, sustained by any 
person growing out of any act or doing of Contractor, or its 
agents, employees or workmen and that any judgement of any court 
or award of any Board of Arbitratiors or of the State Industrial 
Board of the State of Indiana rendered against the City of Fort 
Wayne in any suit or claim arising under said Workmen’s Com¬ 
pensation Acts, of the State of Indiana, now in force, relating 
to compensation for accidental injuries or death suffered by 
his employees or the employees of any Subcontractor or Subcon¬ 
tractors in the course of their employment, when notice of the 
pendency of such suit, hearing or arbitration shall have been 
given said Contractor, shall be conclusive against Contractor 
as to amount, liability and all other things pertaining thereto; 
it being the intent of the parties hereto that Contractor 
indemnify and hold harmless City in the premises. 


- 2 - 


EIGHTH - The Contractor will furnish all of the tools, equip¬ 
ment, labor and other services necessary for the maintenance of the 
Fort Wayne Street Lighting System as described herein. 

NINTH - The Contractor will provide the work required for the 
CONTRACT DOCUMENTS for the rates indicated for calendar 1977. Owner may 
extend this agreement for calendar 1978 by adjusting rates bid by seven 
and one-half percent (7.5%). 


IN FAITH WHEREOF, Witness the hands and seals of both 
parties on the day and year in this agreement first above 
written. , 


APPROVED: 


ATTEST: Clerk 


MAYOR 


BOARD OF PUBLIC WORKS 

TZT r 

CONTRACTOR: T & F Construction 


Corp. of Indiana 


BY: 


z, 


TTTTTiBSF 

President. 




Approved in Form & Legality 


/ 













, ■ Power of Attorney 

FIDELITY AND DEPOSIT COMPANY OF MARYLAND 

HOME OFFICE: BALTIMORE, MD. 

Know All Men By These Presents: That the Fidelity and Deposit Company of Maryland, a corpora¬ 
tion of the State of Maryland, by C. M. PEGOT, JR. , Vice-President, and G. V. ROBBINS , 

Assistant Secretary, in pursuance of authority granted by Article VI, Section 2, of the By-Laws of said Com¬ 
pany, which reads as follows: 

"The President, or any one of the Executive Vice-Presidents, or any one of the additional Vice-Presidents specially authorized 
■so to do by the Board of Directors or by the Executive Committee, shall have'power, by and with the concurrence of the Sec¬ 
retary or any one of the Assistant Secretaries, to appoint Resident Vice-Presidents, Assistant Vice-Presidents, Resident Assistant 
Secretaries and Attor'neys-in-Fact as the business of the Company may require, or to authorize any person or persons to execute on 
behalf of the Company any bonds, undertakings, recognizances, stipulations, policies, contracts, agreements, deeds, and releases and 
assignments of judgments, decrees, mortgages and instruments in the nature of mortgages, and also all other instruments and docu¬ 
ments which the business of the Company may require, and to affix the seal of the Company thereto.” 

does hereby nominate, constitute and appoint John ¥. Brown and Vernon Matherly, both of 
Richmond, Indiana, EACH.... ... 

its true and lawiul agent and Attorney-in-Fact, to make, execute, seal and deliver, for, and on its behalf as 
surety, and as its act and deed: any and all bonds and undertakings, each in a penalty 
not to exceed the sum of FIVE HUNDRED THOUSAND DOLLARS (|g00,000)_______...... 


And the execution of such bonds or undertakings in pursuance of these presents, shall be as binding upon said 
Company, as fully and amply, to all intents and purposes, as if they had been duly executed and acknowledged 
by the regularly elected officers of the Company at its office in Baltimore, Md., in their own proper persons. 
This power of attorney revokes that issued on behalf of John ¥„ Brown, etal, 
dated February 27, 1975. 


ie copy of Article VI, Section 2, of the By-Laws of 

In Witness Whereof, the said Vice-President and Assistant Secretary have hereunto subscribed 
their names and affixed the Corporate Seal of the said Fidelity and Deposit Company of Maryland, this 
.3*SL..day of.August.. A.D. io 7 $ 



Attest: 


FIDELITY AND DEPOSIT COMPANY OF MARYLAND 


C 0-3 


By... 


Assistant Secretary 

State of Maryland 1 
City of Baltimore / 

On this day of August , A.D. 19 'jG , ... 

Maryland, in and for the City of Baltimore, duly commissioned and qualified, 

Secretary of the Fidelity and Deposit Company of Maryland, to me personally known 
’n and who executed the preceding instrument,_ and they each acknowledged the execution 




before the subscriber, a Notary Public of the State of 
the above-named Vice-President and Assistant 
to be the individuals and officers described 
of the same, and being by me duly sworn. 


severally and each for himself deposeth and saith, that they are the said officers of the Company aforesaid, and that the seal affixed 
to the preceding instrument is the Corporate Seal of said Company, and that the said Corporate Seal and their signatures as such 
officers were duly affixed and subscribed to the said instrument by the authority and direction of the said Corporation. 

In Testimony Whereof, I have hereunto set my hand and affixed my Official Seal, at the City of Baltimore, the day and year 
first above written. 


Y U 0 T A ft y \ 


5-y.Pu bUCA 


Notary Public Commission ExpiresJuly..L^..197S. 
CERTIFICATE 


I, the undersigned. Assistant Secretary of the Fidelity and Deposit Company of Maryland, do hereby certify that the original 
Power of Attorney of which the foregoing is a full, true and correct copy, is in full force and effect on the date of this certificate - and I 
do further certify that the Vice-President who executed the said Power of Attorney was one of the additional Vice-Presidents spe¬ 
cially authorized by the Board of Directors to appoint any Attorney-in-Fact as provided in Article VI, Section 2 of the By-Laws of 
the Fidelity and Deposit Company of Maryland. 

This Certificate may be signed by facsimile under and by authority of the following resolution of the Board of Directors of the 
Fidelity and Deposit Company of Maryland at a meeting duly called and held on the 16th day of July, 1969. 

Resolved: “That the facsimile or mechanically reproduced signature of any Assistant Secretary of the Company, whether 
made heretofore or hereafter, wherever appearing upon a certified copy of any power of attorney issued by the Company, shall be 
valid and binding upon the Company with the same force and effect as though manually affixed.” 

In Testimony Whereof, I have hereunto subscribed my name and affixed the corporate seal of the said Company, this 

_litth_:.day of_ 3mm. .. 


L1419—Ctf. 200832 


Assistant/fecretary 
























CONTRACTOR’S BOND FOR CONSTRUCTION 


KNOW ALL MEN BY THESE PRESENTS, That of ..Indiana. 

of....feg6.TS.~fcowg.j_. In di a na .„...as principal and 

. . .. Fid dlnty arirl Pftpnsp ~h f'.nmp any <~>f NftT wl.and.... 

..Qf..feltfepre,...Max^land. 


as surety, are firmly bound unto.C±ty—o£..EQr.t...HayTaej.-Ind±a 


One Hundred. Thousand and OO/lOO— 


...in the penal sum of (S...1 OQj 00.0. Q_Q_._ 


~ Dollars, 


for the payment of which, well and truly to be made, we bind ourselves, jointly and severally, and our joint and 
several heirs, executors, administrators and assigns, firmly by these presents, this.lAth..day of 

..Jana_19.77™. 

THE CONDITIONS OF THE ABOVE OBLIGATION ARE SUCH, That, Whereas. 

City of Fort Wayne« Indiana. 


has entered into a certain written contract dated... 


.Tune 14, IQ77 


with the principal as named herein for the erection, construction and completion of...Maint.en.axi.C.6...an.d.... 
construction contract for street lighting system ..... 


Fort Wayne 


specifications approved and adopted by said_.CiS!LJ?.t-.fert-..Wayne.,...Indiana.__ 

.....which are made a part of this bond. 


......situated in 

., Indiana, in accordance with the plans and 


NOW THEREFORE, if the said™. 


T & F Construction Corp. of Indiana 


...shall well and faithfully do and perform the same in 


all respects according to the plans and specifications adopted by the said....Citx.-9-f--fe.T.~t..fejyaej Indiana..___ 

----and according to the 

time, terms and conditions specified in said contract and in accordance with all requirements of law, and shall 
promptly pay all debts incurred by him or any subcontractor in the prosecution of said work, including labor)'sei;viee 
and materials furnished, then this obligation shall be void; otherwise to remain in full force, virtue and effect. 

IN WITNESS WHEREOF, we hereunto set our hands and seals this_jAtfo.J....1... . 

day of.Jme.. 


_197.7.™ 

T & F Construction Corp. of Indiana 
BY; L , /^President 


(Seal) 


J. L. Taber 

Eidg^ty..&..D.ep.Qsit...CQn©any...Qf..JMarylan,d....(Seal), 


/ John W. Brown 


Approved this... 


...day of... 


Attorney-in-fact 
...19. 


Official or Board. 


(Note: See Bums Section 53-202) 




















































Memorandum 

jo Henry Wehrenberg, Chairman Board of Works .P ate,, , May...,! 6 , , 1 977.. 


From Carl E. O'Neal, Street Lichting Admini sfrahnr.. 


Subject 


CCPISS TO: 


1977-1978 Maintenance & Unit Price Contract. 


Please find attached four (4) copies of the bid tabulation 
for the 1977-1978 Maintenance & Unit Price Contract for your 
review. Of the five bidders it appears that only T & F Constuc- 
tion and Schmidt Electric are close enough to be considered 
for the contract. 


The bids did not contain any quantities and it makes it 
very difficult to determine the low bidder. Therefore, I have 
analyzed the bids in several different ways in an effort to 
help the Board of Works determine who the low bidder is. 

Those methods are as follows: 


, 4.75 


1. TOTAL BID (Assuming there was a quantity of one (1) 


for each item) 

T & F Construction 
Schmidt Electric 
N. G. Gilbert 
L. E. Meyers, INc. 
Lift-A-Loft 


$ 7,808.61 

$ 8,537.53 (has relamping per unit) 
$10,628.35 

$15,716.14 (relamping unit per hr.) 
$15,407.77 (did not bid Signal items) 


This method would make T & F Construction the Low Bidder 
by $728.92 or 8.54%. 


2. MAINTENANCE & RELAMPING ITEMS ONLY (Assuming that 

both crews would work 2000 hours out a possible 2080 
hours it would result in the following:) 


Per Hour Schmidt 

Relamping Unit $19.75 

Maintenance Crew 53.00 


T & F 
$21.75 
52.20 


Total 


$72.75/hr. $73.95/hr. 


This amounts to $1.20 per hour or 1.62%. 


•Schmidt 2000 @ $72.75 = $145,500.00 
T & F 2000 @ $73.95 = $147,900.00 

This would make Schmidt Electric the Low Bidder by 
$2,400.00 or the same 1.62%. This is also assuming 
that the Board of Works would waive Schmidt Electric's 
error on the relamping unit and not hold them to 
$19.75 per day as they bid. 


3. LIGHT ORDERS (Installed by Unit Prices) 

I pulled a typical Light Order #4480 (copy attached) 
which was completed April 5, 1977 on W. 0. #51838L 
(copy attached) to analyze this method. This was 


r* 


I 


















Memorandum 


T 0 Ii. V7ehrenberg _ Date 





Subiecfc 

Page 2 

Maintenance Contract 



copies To.- 


a standard 

residential installation which included 


three concrete poles and 175 watt mercury vapor 
luminaires with overhead wiring. It resulted as 
follows: , - 


Labor 

Estimate on L.0.4480 $400.00 
T & F 1976 Unit Prices $400.80 
T & F 1977 Unit Prices $449.50 
Schmidt 1977 Unit Prices $479.50 


48.70 more or 10.83° 

78.70 more or 16.41? 


This would make T & F Construction the Low Bidder 
by $30.00 or 6.26%. 


4. LIGHT ORDERS (Installed by Maintenance Crew per hour) 
Using the very same W. 0. 51838L I found that the 
Maintenance Crew completed this installation in 6 
hours. It resulted in the following: 


T & F 1976 rate @ 48.87/hr. = $293.32 
T & F 1977 rate @ 52.20/hr. = $313.20 = 19.88 more 

or 6.34% 

Schmidt 1977 rate @ 53.00/hr. = $318.00 = 24.68 more 

or 7.76% 


This method would make T & F Construction the Low Bidder 
by $4.80 or 1.5%. I would also like to point out 
that the Labor was estimated at $400.00 as stated above 
and we saved $106.68 or 26.67% by using the Maintenance 
Crew at the hourly rate instead of Unit Prices. 


5. BOARD ORDERS (Installed by Unit Prices) 

Hanna Street W. O. 51651B was a concrete pole, 150 
watt H.P.S. installation with overhead wiring. It 
resulted in the following: 

completed - T & F 1976 unit prices = $5,920.34 

T & F 1977 unit prices = $6,298.20 $377.86 

more or 6% 

Schmidt 1977 unit prices = $6,465.20 = $544.86 

more or 8.42 

Again, T & F is the Low Bidder by $167.00 or 2.6%. 


6. BOARD ORDERS (Installed by Unit Prices) 

This time I used the South Broadway Project which 
consisted of all type poles, existing wood, concrete, 
and aluminum with both underground and overhead wiring. 











Memorandum 


To_ 

From 


H. Wehrenbeyg 


Dafcs 


Pa 9 e 3 


Maintenance Contract 


It also included all types of removals, boring, concrete 
replacement, etc. The results were as follows: (South 
Broadway W.O. 51653B, work completed January 27, 1977 
copy attached) 

T & F 1976 unit prices = $8,832.90 

T & F 1977 unit prices = $8,632.80 = $200.10 or 2.27% less 
Schmidt 1977 unit prices - $8,821.80 = $189.00 or 2.14% more 


As I mentioned in my March 7, 1977 memo the inclement 
weather had prevented the installation of the last 
three spans of underground wiring.in front of the G.E. 
Plant and restoration of same. However, the balance . 
of funds allocated (encumbered) for this project, 
$9,901.97, should be more than enough to finish it. 


480 

1875 

15 

3 

375 

1 


To complete it under the 1977 Contract it would cost 
the following: 


L.F., restoration seed, mulch,etc 
S.F. sidewalk remove & replace 
ea. termination of poles 
spans, remove temp. O.H.#4 3/c 
L.F. trenching 
ea. remove wood pole 


T & F Schmidt 

0.30= 144.00 0.19= 91.2C 

3.90=7312.50 5.40=10,125.0C 

2.00= 30.00 2.80= 42.0C 

14.20= 42.60 17.00= 51.0C 

0.78= 292.50 0.70= 262.5( 

38.00= 38.00 35.00= 35.0C 


$7859.60 $10,606.7( 


This would make T & F Construction the Low Bidder 
by $2,747.10. or 25.9%. 


I used actual projects to make this comparison so that no 
one could accuse this Administration of using a fictitious 
project consisting of units that could influence the awarding 
of this contract. 

I also let Tom Manny pick the quantities for a typical 
Traffic Signal installation (copy attached), it resulted as 
follows: 

T & F Construction $4,395.20 

Schmidt Electric $6,366.00 

This makes T & F the Low Bidder by $1,970.80 or 31% on 
Traffic Signal unit prices. 

Tom asked later that I change the 300 L.F. of concrete 
and asphalt excavation and replacement to pushing 3" conduit 
under street, walks, and alleys. It only changed the dif¬ 
ference between the two bids by $300.00. 















To H. 

Wehrenberg 

Memorandum 

Date 


Subject 

Page* 4 

Maint-pnanrp. Printract— 



COPIES TO: 


T. Sc F . Construction is also low with its escalation adjust¬ 
ment percentage for 1978 which is 7.5% compared to Schmidt 
Electric's bid of 8%. 

Therefore, I would recommend that the 1977 - 1978 Mainte¬ 
nance and Construction Contract be awarded to T. & F. Construction 
Corporation. 

Respectfully submitted, 

Carl E. O'Neal 

Street Lighting Administrator 
CEO/cs 









BIDDING TABULATION 


CONTRACTOR 

C/ry ur/ur/es 



•3cmmi i>r 6t.ec /ne. 

/VC? Gtt***r Comm 

L . C. A/erSK5 Co. 

/.sMr.A.LoMrCoM* 

n 


BIDDER'S BOND 



o.k. 

OK. 

OK. 

O.K. 

O.K. 

jj 


NON-COLLUSION AFFIDAVIT 



OK. 

OK. 

O.K. 

O.K. 

OK. 

1 


FINANCIAL STATE 



OK. 

O.K. 

O.K. 

OAT. 

OK 

5 


E.E.O. STATE 



O.K 

OK. 

O.K. 

O.K 

O.K. 

1 


ESCALATION 'ADJUSTMENT % 



7.S% 

a% 

ay. 

a-/. 

4X 

1 



ITEM 

QUANTITY 

DESCRIPTION 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

At-7 


Si*7S2r B S£ ‘ 

768.48 


774.00 

-/9r75~ 

232.00 

34.75/ha 

24.99 



M-2 


(sCi! I HoUaaya)° f 

32.40 


33.90 

33.00 

42.80 

47.00/ha 

4/ .30 



M-3 



26.63 


27.80 

26.00 

35.90 

40.55/ha 

33.14 



M-4 


Pec”h^* nC * UBit 

46.98 


‘ 52.20 

53.00 

645.00 

78. OO/ha. 

/03.47 



M-5 


SC«t!r«uSi5.'. ? HouSa5.?' 



87.00 

92.00 

t2t.25 

tt2.25 /hs. 

750.78 



/V-tf 


a'SeiSdiySf 

63.72 


69.00 

70.75 

/O /. 50 

9S. /S/hK 

727.73 



M-7 


Equipment 6 Operator (Per Hour) 

29.33 


29.90 

28.50 

32.50 

46. 25/h. 

24.98 



M-a 


Trouble Shooting Vehicle 

/0.80 


4.50 

9.00 

/2.SO 

/s. oo /tm 

!2. OO 



M-9 


llTX^TVr^ 

432. OO 


390. OO 

^ 360. OO 

1.320. OO 

2.400.00/HO 

/. 400. OO 








1LV 0 

i t n.ix 








Distribution^Digging^Holes^ # 









- 



Setting and Backfilling and 










/ 

Each 

Cedar and Pin. - Ail S la. M . 

5/ .44 


54.00 

49. OO 

4/./3 

52.00 

/30. 98 



Z 

e.ch 

33- 

55.35 


58.00 

57.00 

45.25 

57.00 

/30.93 



3 

E»Ch 

«o- 

65. OS 


47.00 

62.00 

52.00 

66.00 

/3S. 73 



4 

Each 


77.33 


77. OO 

67.00 

62.35 

79.00 

/67. 97 



5 


-Q. 

93.43 


S3, oo 

92.00 

74.as 

94.00 

/G 7. 97 



& 

Each 

Concrete Poles - Embedded Base 



46.20 

55.00 

47.25 

/GO. OO 

730. 98 



7 

Each 

33- 



54.60 

60.00 

54.35 

/ 75.00 

/30. 93 





?r”^o^T« ol * s “ ith 










a 

Each 

30- 

49.3/ 


47.00 

75.00 

33.40 

/so. OO 

730. 98 



9 

Each 

is- 

49.3/ 


47.00 

as.oo 

35.25 

/GO.OO 

730.98 



,o 

Each 

30- 

52.87 


62.00 

So.oo 

37.00 

tr/.oo 

130. 99 



„ 

Each 

35* 

37. 40 


68.00 

67.00 

4/.00 

/82. OO 

767.97 




Each 

so- 



90.00 

/OS. oo 

67.35 

/ 92.00 

767.92 





?r”if^r a £»° 1 *' With ° U '' 










/3 

Each 


43.08 


46.50 

22.00 

3/. 75 

/as.oo 

730.98 



/4 

Each 

»* 

43.05 


46.50 

22.00 

33. SO 

/3S.OO 

730.98 



, s 

Each 

30- 

45. 65 


59.30 

57.00 

35.25 

/5o. OO 

/30. S3 




Each 

35* 

57.3Z 


65.40 

g/.oo 

39. OO 

/GO. OO 

767. 97 




Each 

SC- 



87.00 

77.00 

04 .OO 

/7/ .OO 

767.97 





^TboKT^SSr Lne ' 










/a 

Each 

3- *3- x 4- 

aa. 7a 


a 2 . so 

80. Oo 

73.75 

/9S. OO 

3 as.oo 



/9 

Each 

3- X3- XS- 

/OO. 53 


/oo. oo 

92.00 

92. SO 

22S. OO 

340 . OO 



ao 

Each 

3- x 3< x S- 

//a. ao 


//8. oo 

/20.00 

7/7 .25 

260. OO 

340 . OO 



a/ 

Each 

3- x 3- x 8* 

a/a. 07 


a/3. oo 


333.73 

320.00 

39/. OO 



























r - 





1 








2/77, 


3943 . 


5 770 . /3 
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ESCALATION ADJUSTMENT % 


ITEM 

QUANTITY 

DESCRIPTION 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRICE 

UNIT PRU 


Hour 

Chipper truck i chipper 



3. SO 

ss.oo 

s. so 

&. oo 

43.34 






Hour 




3. SO 

3.00 

3.00 

2.00 

to. 25 





2-2! 

Hour 

Dump truck 5 Cu. Yd. 



3.30 

(S.OO 

6.25 

5.SO 

30.05 


i 








/7. SO 

20.00 

15.75 

/<2.SO 

95.64 


/ 















































Page / 



2447.40 

8l77.oo 

3939. 40 

6354. 35 

3770. /3 







Page 2 



//a/, go 

//43. SO 

//05. 35 

//ye. so 

/4/&. 20 







Perga 3 



283. ,4 

2/6.98 

322. S4 

370.20 

400. 9/ 







Perga 4 



722. erer 

244.05 

/4Z4. 30 

/S64. OO 

S/64. 07 







Perga £ 



77S.ro 

265. 76 

£33. /O 

72/. 55 

2535. 63 







Perga 6 



re so. 35 

8835. 20 

8229. 63 

3364. 70 

/ 725. 29 







Page. 7 



790. 92 

/03/. /O 

ses. gg 

/605. 74 

233. 30 







Page 3 



17.50 

20. OO 

/5.75 

/&. SO 

95. 64 





















7o/<r/ 



* 780S. 6/ 

3 

& 337.53 

* /O. £23. 35 

3 ** 

/S. 7/0. /4 

0 *** 

/5.403. 77 













*Af/3SS£> 

-** or ovr 











rrrsre-^o 0000. 


gZoZacgerrro 

err, e„ 40 rre 













/A3ST4AD G* 7*3*. 














- 

. 














1 ' 






























































1 


















































_ 


























































































































































































































fp' 


TITLE QF ORDINANCE special ordinance - contract with t & f constr. corp. of Indiana ■ 


JEWMMT !£QUESTIMmF m »8l pub™ tftSF ° F 

J- 77- oc- 

SYNOPSIS OF ORDINANCE contract with t & f construction corp. of Indiana for street 


LIGHT MAINTENANCE SYSTEM FOR CITY OF FORT WAYNE, INDIANA. 


■. (SEE TABULATION ATTACHED) 

(MEMORANDUM OF STREET LIGHTING ADMINISTRATOR ALSO ATTACHED) 


EFFECT OF PASSAGE continuation of street light maintenance system for the city 

OF FORT WAYNE, INDIANA. 


EFFECT OF NON-PASSAGE unable to continue street light maintenance and repairs . 


MONEY INVOLVED (Direct costs. Expenditures, Savings) city utility money for main tenance, 

PUBLIC LIGHTING AND REVENUE SHARING FOR STANDARD LIGHTING AND C D & P FUNDS FOR C D & P 
PROJECTS. 


ASSIGNED TO COMMUTE 










































